Margaret P. Grafeld Declassified/Released US Department of State EO Systematic Review 05 JUL 2006 


Message Text 


LIMITED OFFICIAL USE 

PAGE 01 IAKART 05863 150828Z 

20 

ACTION SY-05 

INFO OCT-01 EA-06 ISO-OO OC-05 CCO-OO OCL-OO /017 W 

030168 

P R 150815Z MAY 75 
FM AMEMBASSY JAKARTA 
TO SECSTATE WASHDC PRIORITY 8160 
INFO AMEMBASSY MANILA 
AMCONSUL MEDAN 


LIMITED OFFICIAL USE JAKARTA 5863 

DEPT FOR A/SY/FO, MANILA FOR ATO, MEDAN FOR PO FROM RSO 

E.O. 11652: N/A 

TAGS: ACOM ABLD ASEC 

SUBJECT: PROPOSED MEDAN VAULT 

1. RSO DISCUSSED VAULAT PROJECT WITH CONSULATE OFFICERS ON MAY 14. 
CONTRACT BIDS BEING RECEIVED TODAY AND POST HOPES TO BEGIN FOUR MONTH 
PROJECT ON JUNE 15. PRICNIPAL OFFICER REQUESTS ONE CONSEC SEABEE 
NEEDED FOR PROJECT ON SITE THAT DATE. ADMIN OFFICER TO TRANSFER AND 
PRINCIPAL OFFICER GOING ON HOMELEAVE BEFORE JUNE 15, LEAVING ONLY 

ONE ECON, ONE TCU, AND ONE JAKARTA (BI-WEEKLY) OFFICER AT POST. 

PRICNIPAL OFFICER CONSIDERS FULL TIME OBSERVATION BY KNOWLEDGEABLE 
AMERICAN CRITICAL TO CONSTRUCTION AND IF SEABEE UNAVAILABLE WILL DELAY 

PROJECT START TO MID-JULY ARRIVAL OF NEW ADMIN OFFICER. OM REQUEST 
FOR SEABEE BEING POUCHED TODAY. PLEASE ADVISE ON SEABEE AVAILABILITY 
ASAP. 

2. REQUEST SEABEE STOP ONE - TWO DAYS JAKRTA CONSULTATION 
EN ROUTE MEDAN. 
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Current Classification: UNCLASSIFIED 
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Copy: SINGLE 

Draft Date: 15 MAY 1975 

Decaption Date: 01 JAN 1960 

Decaption Note: 

Disposition Action: RELEASED 
Disposition Approved on Date: 

Disposition Authority: CunninFX 
Disposition Case Number: n/a 
Disposition Comment: 25 YEAR REVIEW 
Disposition Date: 28 MAY 2004 
Disposition Event: 

Disposition History: n/a 
Disposition Reason: 

Disposition Remarks: 

Document Number: 1975JAKART05863 

Document Source: CORE 

Document Unique ID: 00 

Drafter: n/a 

Enclosure: n/a 

Executive Order: N/A 

Errors: N/A 

Film Number: D7501 70-0861 
From: JAKARTA 
Handling Restrictions: n/a 
Image Path: 

ISecure: 1 

Legacy Key: Iink1975/newtext/t19750550/aaaabsvm.tel 

Line Count: 49 

Locator: TEXT ON-LINE, ON MICROFILM 
Office: ACTION SY 

Original Classification: LIMITED OFFICIAL USE 
Original Handling Restrictions: n/a 
Original Previous Classification: n/a 
Original Previous Handling Restrictions: n/a 
Page Count: 1 
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Previous Classification: LIMITED OFFICIAL USE 
Previous Handling Restrictions: n/a 
Reference: n/a 

Review Action: RELEASED, APPROVED 
Review Authority: CunninFX 
Review Comment: n/a 
Review Content Flags: 
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Review Event: 

Review Exemptions: n/a 
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